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David Clark Company Incoxpomled CHANGE PROPOSAL al | PRUPOSAL NO, GDC-3 


DATE 7 January 1960 WSPO oo PROJECT Ll 
NAME OF MAJOR COMPONENT PART OR LOWEST SUBASSENBLY PART NO. & MODEL OR TYPE 


fan OF PROPOSAL: 
PaO rl mer aetanatPnnuasut 3 


NATURE OF PROPOSAL: 


See Attachment #1] 


REASON FOR PROPOSAL: . 
See Attachment #2 
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ESTIMATED GOST AND TIME INVOLVED: 
= ADDITIONAL FUNDING REQUIRED: 


ena RETO SNA PRM PEO SOR DEER PIER A, TONE RE 


ESTIMATED COST FOR KITS OR PARTS: See Attachment #3". 
ADDITIONAL FUNDING REQUIRED: D: Origina I funding r ee. 
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ITEMS AFFECTED BY PROPOSAL: Kit, oxygen survival-SPQ207,270,198 
Inter: Weight|Too Tools gMainte- | 
Tm A ug se ao at : 

Ti 
ty | & a. e : a a Ea | 
EST, MAN/ERS. REQ ') TO ACCOMPLISH IN FIELD 


PO POTEET IO oe SNR 


SOURCE OF PARTS FOR KIT . AVATIABILITY —~~--WEEKS AFTER APPROVAL 


David Clark Company Incorporated See Attachment #3 Se 


DISPOSITION OF SPARES AFFECTED 
Returned to Air Force Depot 
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teal 


et 


INITIATED BY; APPROVED:  WSFO 
David chparawemdjaniyenasr 2003/12/04}: CIA-RDP81B08&7 3004001 20004-6 
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DAVID CLARK COMPANY Engineering Change Proposal cps-3.: 
7 January 7 


Attachment #} 


Nature of Prop aak 


a. Provide a replacement item for the 
Type MA-2 High Altitude Helmet 
without change of associated 
protective garments. 


b. Facepiece seal and locking pneumatic 
ring will be connected by non-kinking, 
non-cotlapstble, one-quarter inch 
hose to the upstream aide of the #eat . 
pack oxygen inlet check valve. The = 
sealing ring will operate at any pressure 
in range of forty five to one hundred. P. wi. 

' Seal pressure hose will be routed. 

immediately adjacent: to: present oxygen 
mask delivery hose. 
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DAVID CLARK COMPANY Engineering Change Pro posal CDC-3 
7 January 1960 


Attachment #2 


Reason for Proposal 


a. Helmet would provide an integrated facepiece which | 
would enhance operational capability and safety by 
providing easy and positive opening and. closing of 
the facepiece without detachment of this item. 


b. Helmet would provide an integrated | sun shield 
; and facepiece guard. 


Se Inner head harness ie inte gral and aivoones by 
the hard shell and can he ee by the wearer 
during normal wear. 


d. Improved comfort to the wearer in the glottis 
area due to improved dlenign of the neck seal 
skirt. 


@. Improved maintenance capability by climinating — 
eritical faceplecs seal dived on bls de. 


cover assembly; or: B+b92 "0 er a 
Assembiy. . ; vey 


f, Improved. maintenance capability by eliminating 
potential helmet bladder puncture by helmet 
hold~down attachments. 


g- improved inhalation and exhalation valve arrange- 
ment. New type exhalation valve provides 
opportunity for emergency control of exhalation 
valve if atuck open under pressure. 
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DAVID, CLARK COMPANY Engineering Change Proposal CDC- 3. 
v January 1960 


_Attachment §i 


Reason for Proposal {continued} 


h. Improved windblast protection resulting from 
integral design of facepiece and helmet. shell. 
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DAVID. CLARK COMPANY Engineering Change Proposal GDC-3 |. 


he 


7 January 1960 


Attachment # 3 


Estimated Cost 


Item One ~ProductionSample Helmet [| 28X11 


Scope of Work 


Modify current David Clark Company Model 5-880 Helmet 
waed with the A/P~22S-2 full preseure suit so that it will be 
compatible with the partial presiure sults utilized on the . 
project, 


Sipecific aveaa of modification are as follows: 


i. Modify helmet mold te delete neck bearing, 
and provide for attachment of neck seal ekirt. 


i. Redesign the 5-692 Helmet Bladder and Case 
Assembly neck seal skirt to prt to the hard 
; shall: amade. from: themold: is: Hey bove Wi ey ; 


support and adjustability. ee 


IV.  Pkevide for mounting ihe iubpleatory and 
 eeplratory valves, howe connectors, electrical 
and communications lads. a3 


Ve Provide conductive conted face plate for normal 
and emergency face plate heat. 


Item Two - Thirty (30) to fifty (50) each Production Helmets 
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. — 7 January 1960 


Attechment #3 


be Estimated Deliver 


Item One One ~ Sixty {60} days from date of authorization 
to proceed with ECP. 


Item Twe Two - Firat ten (10) helmets sixty (60 days fsan 
date of authorization to proceed with Item Two. 


Additional twenty (20) helmets gixty (60) days 
from date of eehivs of. first tem (10). 


Additional twenty (20) helmets dirty 


days from date of delivery af above 
quantity of eeaty (20). : 
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Engineering Change Proposal cpG-3 
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